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BILL NO. S-81-10- t/o 


SPECIAL ORDINANCE NO. S- 

AN ORDINANCE approving an Agreement 
between the City of Fort Wayne, Indiana, 
and Howard Needles Tammem & Bergendoff 
for engineering services for Change Orders 
for WPC Plant Additions. 

BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF 
FORT WAYNE, INDIANA: 

SECTION 1. That an Agreement dated October 14, 1981, 
between the City of Fort Wayne, Indiana, by and through its 
Mayor and Board of Public Works and Howard Needles Tammem & 
Bergendoff, for: 

Interim construction engineering services 
for Change Orders 25, 26, 27, and 28 
Water Quality Control Project Division I, 

WPC Plant Additions, Sewer Works Grant 
No. C180538 01, 

in the amount of $6,000.00, funding for which 75% of services 
will be covered with E.P.A. Grant Amendment, 10% of services 
will be covered by the State, and 15% of services will be 
covered by City Utilities, all as more particularly set forth 
in said agreement which is on file in the Office of the Board 
of Public Works and is by reference incorporated herein, made a 
part hereof, is hereby in all things ratified, confirmed and 
approved. 

SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and approval by the Mayor. 



COUNCILMAN 


APPROVED AS TO FORM AND 
LEGALITY OCTOBER 23, 1981. 



BRUCE 0. /BOXBERGER, CITY ATTORNEY 
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PASSED fcbi^SS) by the following vote: 


and duly adopted, placed on its 
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DATE: 
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ABSTAINED ABSENT TO-WIT: 


CHARLES W. WESTERMAN - CITY CLERK 


Passed and adopted by the Common Council of the City of Fort Wayne, 

Indiana, as (Z ONING flAF i- (GENERAL ?-(ANNEXATION)/? (SPECIAL) 

(APERORRIATION) ORDINANCE (RESOLUTION? No. ^7^-^ _ 

on the y ^ day of , 19 <^/ . 







PRESIDING OFFICER 


Presented by me to the Mayor of the City of Fort Wayne, Indiana, 

__day of , 19 at the hour of 

/Q 1 clock M . ,E. S.T. 






Approved and signed by me this _ 

19 ff , at the hour of / J O _o'cloclc^S* M.,E.S.T. 


CHARLES W. WESTERMAN - CITY CLERK 

/?rt _day of 


WINFIELD 

MAYOR 


, JR. 

























































































BILL NO. 


S-81-10-40 


REPORT OF THE COMMITTEE ON_ 


CITY UTILITIES 


WE, YOUR COMMITTEE ON_ 


City Utilities 


TO WHOM WAS REFERRED AN 


ORDINANCE 


Approving an Agreement between the City of Fort Wayne, 
Indiana, and Howard.Needles Tammen & Bergendoff for.engineering 
services for Change Orders for WPC Plant- Additions 


HAVE HAD SAID ORDINANCE UNDER CONSIDERATION AND BEG LEAVE TO REPORT 



CHARLE5 W, WjESTERMAN, CiTY CLERK 
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HOWARD NEEDLES TAIVJMEIM & BERGENDOFF 


October 9, 1981 


Mr. Thomas W. Latchem, Chairman 

and Members of the Board of Public Works 
City of Fort Wayne 
One Main Street 
City-County Building 
Fort Wayne, Indiana 46802 

Re: Interim Construction Engineering Services Agreement 
for Change Orders 25, 26, 27, and 28, Water Quality 
Control Project Division I, Water Pollution Control 
Plant Additions, Sewage Works Grant No. C180538 01 

Attention: Mr. Philip R. Boiler 

Director of Water Resources 

Dear Chairman and Members of the Board of Public Works: 

We are pleased to offer construction engineering services for the above 
referenced project for a period not to exceed 60 days or until such time 
this agreement is superceded whichever is earlier. Construction engineer¬ 
ing services shall consist of shop drawing review and periodic job site 
meetings with the Owner and the Contractor. 

We shall bill for our services on the basis of actual payroll costs 
(direct salary, plus FICA, IES, and FUC taxes, workmen's compensation 
insurance, health and accidental group insurance, holidays and vacations) 
times a multiplier of 2.0 plus expenses per the attached schedule of 
charges on expenses. Our total billing shall not exceed $6,000 without 
prior approval of the Board of Public Works. Billings shall be monthly 
consistent with the firm's accounting periods and shall be payable upon 
receipt. 


Architects Engineers Planners • Formerly otlices of H.B. Steeg & Associates • P.O. Box 68567. 3333 Founders Lane, Indianapolis, Indiana 46268, 317 872-3160 

Partners H. C Lamberton. Jr. PE, James F Finn PE. Paul L He.r-eman PE. Gerard F Fox PE. William M Wachler PE. George K Erganian PE. Browning Crow PE. 
Charles T Hennigan PE, Edgar B. Johnson PE. Daniel J Watkins PE. Ralph E Myers FAIA. Daniel J Spigai PE. John L Cotton PE. Francis X Hall PE. Robert S Coma PE. 
Donald A. Dupies PE. William Love AIA. William C Meredith PE 

Associates Daniel J Appel PE. Robert W. Richards PE. Don R Ort PE. Frederick H. Slerbenz PE. Robert B Kollmar PE. Kendall T. Lincoln CPA. Jack P Shedd PE. 
Roberts W Smithem PE. Jack C Thompson PE. Richard D Beckman PE, John A Eggen. Jr AIA. Lloyd H Bakan. Harry D. Bertossa PE. Ralph E Robison PE. 
Cecil P Counls PE. Slephen G. Goddard PE. Harvey K Hammond. Jr PE, Stanley I. Mas! PE. Robert D Miller PE. Robert W Anzia PE. Marvin C Gerslen PE. 
Cary C Goodman AIA. Waller Sharko PE. Gordon H, Slaney. Jr PE. James L Tultle. Jr PE. Norman J Boge PE. James O Russell. PE 

Otlices Alexandria. VA. Atlanta. Baton Rouge. Boston. Cape Coral. FL. Casper. Wy. Charleston. SC Charleston. WV. Chicago. Cleveland. Dallas. Denver. Fairfield, nj 
H ouston Indianapolis. Jacksonville. FL. Kansas City. Los Angeles Miami. Milwaukee. Minneapolis. Newark, DE. New York. Orlando. Overland Park. KS. Philadelphia. 
Seattle. Tampa. Tulsa. Manila. Rio de Janeiro • 
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We are prepared to begin immediately and look forward to assisting you 
on this project. 

Very truly yours. 



Accepted: / */ t 1981 

Board of Public Works 
City of Fort Wayne, Indiana 



Thomas W. Latchem, Chairman 


Betty R. Collins, Member 

Robert Anderson Staten, Member 


GKE:lbr 







TTTT.K OF ORDINANCE INTERIM CONSTRUCTION ENGINEERING SERVICES AGREEMENT, SEWER WORKS 

GRANT NO'. Cl80538 (Hr; -— 

DEPARTMENT REQUESTING ORDINANCE_ BOARD OF PUBLIC WORKS ___ 

SYNOPSIS OP ORDINANC E INTERIM CONSTRUCTION ENGIN EERING SERVICES AGREEMENT -FOR CHANGE 
ORDERS 25,26,27, and 28 WATER QUALITY CONTROL PROJECT DIVISION I, WPC PLANT AD¬ 
DITIONS, C180538 01. * A AUTHORIZATION . OF INTERIUM ENGINEERING. SERVICES OF'.$6,000 
TO HNT&B FOR WORK ON CHANGES ORDERS 25,26,27, and 28. A FINAL AGREEMENT WILL 
BE ENTERED INTO ONCE THESE CHANGE ORDERS HAVE RECEIVED A GRANT AMENDMENT. 


EFFECT OF PASSAGE HNT&B WILL PREFORM SHOP DRAWING REVIEWS AND JOB SITE MEETINGS 
■ — ■ —--- 


EFFECT OF NON-PASSAG E NO WORK WILL BE PREFORMED ON SHOP DRAWINGS FOR CHANGE ORDERS. 
25,26,27, and 28 BY HNT&B AND THEREFORE EXTENDED DELAYS IN COMPLETION - OF- THE*. - 
PROJECT WILL OCCUR. . 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURES, SAVINGS) FUNDING • (75.%.). OF. SERVICES .WILL BE. 
COVERED WITH E.P.A. GRANT AMENDMENT, 10% STATE, 15% CITY UTILITIES. 


ASSIGNED TO COMMITTEE_ 

































